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PILOT PLANT 


During February, the design of the NOD pilot plant retrofit was 
finalized.. Construction of the continuous flow sterilizer has been 
completed,, and the piping of the other equipment has begun.. The new 
deadline for completion of construction is March 14. 

Personnel selection for the pilot plant is now under way. 

Traiining of operators is expected to start on March 14 and to last for 
two weeks;. Work is now under way to complete the training package. 

Work is also under way for the layout, equipping and staffing of a 
pilot plant laboratory to provide analytical and microbiologicall 
support to the pilot plant. 
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Source: https://www.industrydocuments.ucsf.edu/docs/hgkmOOOO 





